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Message Text 

UNCLASSIFIED 

PAGE 01 KIGALI 00065 131518Z 
ACTION OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO SY-05 FBOE-OO A-01 
/023 W 

007136 131522Z/46 

PR 130952Z JAN 78 
FM AMEMBASSY KIGALI 
TO SECSTATE WASHDC PRIORITY 5652 
INFO AMEMBASSY DOUALA 
AMEMBASSY BUJUMBURA 
AMEMBASSY NAIROBI 
AMEMBASSY KINSHASA 

UNCLAS KIGALI 0065 

NAIROBI ALSO FOR RCO 

E.O. 11652: N/A 

TAGS: ASEC, ATRN, AFAC, ABLD 
SUBJECT: AFRECONE RENOVATIONS 

REF: A) DOUALA 0546, B) DOUALA 498, C) STATE 1870, D) STATE 
310167 

1 . TOOLS FOR CC INSTALLATION SENT DEC 20 PER REF A HAVE NOT YET 
ARRIVED KIGALI. 

2. SEVENTH CRATE ELECTRICAL BILL OF MATERIALS INADVERTENTLY SENT 
TO BANGUI HAS NOT YET ARRIVED. REF B IS LAST TRACE WE HAVE OF 
SHIPMENT WHICH APPARENTLY LEFT DOUALA FOR KINSHASA ON AUG 21. DOES 
DEPT ADVISE WE OPEN 6 CRATES WHICH HAVE ARRIVED TO DETERMINE WHICH 
ITEMY OPPZLVISSING FOR REPURCHASE? 

3. SUSPENDED CEILING HAS NOT YET ARRIVED. 

4. AIR CONDITIONING BILL OF MATERIALS HAS ARRIVED. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 KIGALI 00065 131518Z 

5. IN REPONSE REF C PARA 4 SURFACE TRANSPORTATION FROM BUJUMBURA 
TO KIGALI CAN BE ARRANGED THROUGH LOCAL AGENT. APPEARS AIRPORT 
WILL BE CLOSED TO JETS STARTING JAN 15 AS SCHEDULED. 

6. IN RESPONSE TO QUESTIONS RAISED REF D: 

A) CONTRACTOR CONFIRMS ROOF OF GENERATOR ROOM WILL BE 15.25 CM OR 
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6 INCHES THICK AND NOT 13 CM AS SPECIFIED IN ESTIMATE. CONTRACTOR 
ALSO CONF IRMS ABILITY AND INTENION TO CONFORM TO ALL CONSTRUCTION 
SPECIFICATIONS. 

B ) ASBESTOS ROOFING INTENDED AS RAIN SHIELD ONLY. 

C) APOLOGIZE FOR POOR TRANSLATION, CHANGE "FLAG-STONE" TO ROOF. 

7. CONTRACTOR INTENDS TO BEGIN CONSTRUCTION WEEK OF 20 FEBRUARY 
AFTER COMPLETION OF PROJECT FOR LOCAL GOVERNMENT. 

8. WEEKLY PROGRESS REPORTS WILL BE SENT AS REQUESTED. CRIGLER 


UNCLASSIFIED 


NNN 
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